nts, 
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CERTIFICATE 
I, 1. Ma Medzorian » certify that I an 
the ie whi ef the Corporation named 
signed thia contract on behalf of the Contractor wes then 


Treasurer of said Corporation; that seid contract wa 
éuly signed for and in tehalf ef said Corporation ty authority of ite 
governing tody, and is within the eeope of its Corporate powers. 


a (Corporate Seal) 


U -Melledgor an, Clerk 


Dial Beg 


jayne! B00878R001300190064-3 
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Contract Ne. HF-B-SLL1B 


SCHEDULE 


PART T= SUPPLIES AND SORVICES 76 BE TURNISHED: 

The Contractor shall furnish the supplies and services set forth in 
attached Appendix I, said Appendix I being a part of the Schedule under 
this contract. 


PART IT + CONSIDERATION 


i) PAYMENT § 


In accordance with the eleude of this contract entitled "PAYMENTS," 
and subject to redeterminaticn of the price in accordance with the part 
eof this Schedule entiticd "PRICY REDETERMINATION,® the Gevernment shal) pay 
the Contractor upon satisfactory performance of this contract, as full payment 
for the supplica and services to be furnished hereunder, the amount of 
ich amount is the total price set forth in Appendix I hereto. 


Deliveries shall be made in accordance with the delivery schedules 
wet forth in Appendix I, hereto and shall be made f, o. b. contractor's or 
subcontractor's plents fer shipment under Government Bille of Lading er such 
other method as may be directed by the Contracting Officer, 


a. Beeause of the nature of the work called for by this contract and 
the great uncertainty as to the cost of performance hereunder, the parties 
agree that the contract prices eet forth in Appendix I hereof may be in- 
evensed or decreased in accordangs with the provisions of this Clause. 


b. Within 60 days after completion or termination of this contract, 
the Contractor will file with the Contracting Officer a statement showing, 
in such form and detail az the centracting Officer may prescribe, the 
Contractor's cost of preducing the supplies er furnishing the services 
ealled for hereunder, together with such other information as may be 
pertinent in the negotiations for redetermined prices pursuant to this 
Clauwe. Such statement of cost shall fairly reflect the normal operation 
of the Contractor's cost system. The Contracting Officer shall have the 
right at ell reasonable times to make or cause to be made such examinations 
end audits of the Contractor's books, SeueTy ee and accounts a6 he may re- 
quest. 


Cc, tipon the filing of the gtatement and other pertinent information 
required by paragraph b. of thie clause, the Contractor and the Contracting 
Officer will promptly negotiate in good faith to agree upon reasonable re+ 
determined prices for the entire contract, which, upon the basis of such 
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atatement ano other pertinent inferration, will constitute fate and 

just compenaatio: ta the coutractery fer the performance ef thie contract. 
In determining the extent ef amy estinete: allowance for prelit to be 
taken inte aceount in fixing such redeterzined prices, consideration 
wiih be given to the extent to which the Centracter has performed the 
contract with effietency, economy, amd ingensity. Im ne event shail the 
revised prices excead the follewing svang: STATINTL 


Mexiour total orice of tte: 2 

Maris: total orice of Iten 2 
Herren Pete eee" Of Them deen ncne 

Mer izer total peice ef Item bk 


Maxie total relies of Itea © 


Yaximam total price of Iten & 


The revised prices ghell be evidenced by @ suDnlemental agreemont to 
this tcnbract, 


@ If, within 60 days aftey tho completica or teminction of this 
contract, the parties ahall fai} te agree upon redetermined erices in 
accordance with the provisions ef this clause, the failure to agree shalt 
be dvened to be a dlsagreenent es tc question ef fact which shall be cvig~ 
posed of in accorianes with the clause herein entitled ULSP TES." ; 


@ In the event of a price inerease the Goverment will pay ar erecit 
te the Contracter the apount by Wiieh the revised prices shall excesd the 
contract prices aforesaid, in the event of @ decrease in price, the Cone 
tractor will repay or credit the amcunt ef suck decrease to the Government 
in geuch manner as the Centracting Officer may direct, 


f. For any of the purposes of the clause herein entitled "Termination 
for Comvonlence of the dewernrcrt? Giaclacdtiag Fr thet limitation, ceapotatien 
of *the total ecstract price” and "the contract price of work not tervinated"), 
the contract price ghail be the xevieed contract orice aereed upen under para 
graph c. of this clause or determined under paragrash dy of this clause, as 
the ease may be. 

PAST Vo- PER ESS Pay ape 
‘sees tiomaeimanioe tanh Etim acne ie mh Rit ea eerelilimar 

&. Propress payrents, which are herety defined as payments prior to 
acesotance on work Ln pyogrese fer the Covernsent under this eootract, may 
be made upon the fcllewing tercs and condi tionge 


ve The Contracting OffLeer gay, from time to time, aulhorise progress 
payhente te the Contractor ape. property acquired or produced and servicers 
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ayrents shall not exces 90 percent t G08 <— 


be deternine: rib bed by the Contreetor and which midt be 
gach ap is satisfactory $4 the Contracting Officer as being revresentative 
ef the value of the work alresdy performed: Provided further, that in no 
shall th of mente (sce (e} Be 

| wuler this contract, 


& 


quidated 


& 
(e) Upon the making of any orograzs payments under this contract, title 
to all parte, saterials, inventeries, werk in process and nondurable tools 
theretefore acqrired or produced by the Contractor for the perfarmance of 
this contrast, and properly chargeable thereto under sound accounting 
practice, shall fertinrith vest in the Governments and title te all like 
property thereafter acquired or sreduced oy the contractor for the per 
formance of this contract and ofererily chargeable thereto ae aforesaid 
shall veet in the Covertment forthwith upon anid eequisition or productions: 
Provided, that nothing herein shal deprive the Contrector of any further 
progress or final payrente dye or to becete due herwindery or relieve the 
Centractor or the fovermnent of any of their respective rights or obligations 
ender this contract. 


(a) The Contractor represents and warrants that the property, upon which 
any prograne payment is made hereunder, shall be cleared of all Liens and 
enewsbrances of any kin whetscevar upon receipt of any progress payment. 


(@) In making payment for the supplies furnished hereunder, there shall 
be deducted frou the contract price therefor a proportionate amount ef the 
progress paymente theretofore wade te the Contactor, under the authority 
hergin contained, 


{f) It is recognised that proverty (incloding, without limitation 
completed supplies, spare parts, drawings, information, partie ly completed 
supplics, work in procere, materials, fabricated parts and ether things 
salled for herein) title to which is or may hereaftor become vested in the 
Goverment puwrmuant te this Clatee will from time te time be used by or 
pat in the care, custed: or pospession of the Centracter in gonnecticn with 
the performance of thig contract. The Contractor, either before or after 
receipt of Notice of Teminetior at the ortion of the Covernmient, may 
seqeire or dispoge of groperty to which title la vested in the Government 
anier thie Clause, uporl terms aferoved by the Contracting Officer; provided, 
that after receipt of Actice of Termination any such property thet te a 
part of terminaticn inventerr epy be acquired or dienosed of only in 
accordance with the provisions ef the ternination clause of this contract 
and ap licable Laws and reguictions, The agreed price (in ease of aequiaition 
by the Contractor) er the proceeds received by the Contractor (in case of any 
other disposition}, shall, to the extest that auch priee and procesda do not 
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exceed the wnliquidated balance of progress savaents hereunder, be naid or 
ereditied tc the Ocvernnent as the Contrseting Officer shall direct; and 

guch Wnliquiceted balanee shall be reduced accordingly. Current production 

serac may be gold by the Cenbraeter without ar roval of the Contracting 

Officer but the proeeedg ¥11i he applied as provided in this paragraph (1), 
previded that any such scrap which is a part of termination inventory may be sold 
enly in accordance with the provisions of the tormination clarse of thie contract 
acd applicable laws and requleticns. “pen Liqvidaticn of all progresa paynents 
hereunder or upon completion of celiverles called for by this contract, title 

te all property (or the crocceda thereof) which had not been delivered te 

and sceepted by the Gevernaent under this centract er which hes not been 
incorperated in agupplics delivered to emd accerted by the Severnment under 

this centract and to which title hae vested in the Governmaont under thie 

Clause shall est in the contractor. 


{g}) The provisions of this contract referring to "Liability fer Covern= 
ment-furnished Preperty* and any cther provision of this contract defining 
liability for Governmment-furnished property sha’l be tracnlicable to proverty 
te which the Cevernsent shall have acquired title solely by virtue of the 
provisions of this Clavuge, The provisions of this Clause shall not relieve 
the Contractor frow risk of Tosa or destruction of or danage to property te 
which title vests in the Sovernacnt ander the provisions herecf, 


(bh) If this contraet (as heretofore or hereafter supslemented or amended) 
senteing provisions fer advance Peym mta, and in adcitien if at the time any 
progress payment is to Go mnie to the Cenbractor under the provisiena e° this 
progress payments clause any unliquidated balance of advance paynenta La oute 
standing, then notwithetanding any other provieion ef the Advance Paynenta 
Clause of this contract the net emount, after appropriate dedueticn fer 
liquidation of the advance payment of such provress payment shall be deposite: 
in the speeial bank accom’ or accounts maintained as required by the provigicns 
of the Advance Payments Clause, and shall thereafter be withdrawn only pursuant 
to soch provigtons. 


PARP VI = TiSPlUCT ON AND ACUPRTAD Cu OF SNP LTS AND CORRLOTTON GF DoProTS 


a Unepection anc acceptance of the supplies and services called for 
herein, shall be made tor the Ge ernment ah the contracterta plant, Canbridge, 
Kawmachusetts, with ressect to any Licus fabricated and/or assembled and 
packed sa individual er invegrel units at the Contractor's plant. #ith 
reapect to items fauricated and/or asvenbled and packed ag individual or 
integral units at subecatrector'® plants, the point of inspection and 
acceptence shall be at the .lant of such aubcontractor, 
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& In the event Lt leteuw ieapraciicabl: cer the Gevernment te 
perfers inepcetion and acceptepece at Gontrector’e or succombrecter's plante, 
Cantesctor nay delivem, anc the Geverrment ail] accert the aupelics and/or 
@eevices ealied tor hareia exc at the tines evcel ind herein provided they 
arn agqvempanied by & owprtificate ei.med oy en effieer of the Contracter 
company that said eapphice acdfor services seet all the requirenente «© 
the contract. For porpeses of payment, fenirecter ahall oe entitled te the 
eontract priee of auch itesa agon delisery, At any time daring perfornendce 
of thie ecotract, oul pos later than six (6) annths aMer seh doltvory and 
acceptasce, If iuspection af the gupplics by the Gevowmment reveals sar 
defectivanccs iu saterial or workmanship om otherwies not tn couform ty wits 
the reguiresente cf thia comiract, the Contrertor, if se directed uy tre 
Conteactiag Coo heer shall cearmart auch deSieiencics at se inereses or 
decrease lu contract orice ascapl ea previded in the elease herwel amtitl: dy, 
SPLTCe SEDATE RA Oe,” 


PART Vito « PYHA SS7RG GO APEC OR OF SUE OES Be Br SEP eT ts oFPic ey 


The Goverment mey at ite option, fren tiee to time, Sarnieh the 
Cestractor With galeriaie er supelics not obtaingtie in the enen aarket 
and woich ape required ty the cantracter fer ibe porfersence of tte cane 
tenet. [a each evens ah gpquitebic reduction in the cowmbreet price soil 
te made prier te the delivery of such materigie or aopclics te the Cone 
trecter, or at goon Sicrealter gs possicle, but in se erent Later than 
thirty (30) ears after wech delivery. 


Pape Wri) 


Retr thetamiing the ree-rugenie ef any ef the General Prevision of 
thie mecirge) to Lie Gemgkrary, Wheneecwar the Comtracter, in perforcanice 
ef tee work amiar tals qouLemel, shail find taat the requireents ef enc af 
the Glanewe ef the Gevegn] fresin.ons aré im eesflici wiih eeeardiy in< 
etrectiong iseued & the iontractor by the Coetrecstine O° Cheer or ry hie 
@aly aubburteed reprecesative fer sceuriiy eattera, the Combracter pict 
ei the @ttentien of the contregtiag 9 icer ww suck eenfliet and. the 
Contracting C/"Leer er hie duly @chorined representative fer seeuri ty 
mattere shall (1) modify er reseiod such eecart ts renrirenente er (445 
the Gentrestiog O! Slesr gheli isece te Ghe Ceatractor a waiver ef cumpli« 


awh secority reqalresents, fcr wriver of campalance with the Jmeral 
Provisions «f thie cowiréet iasua ts the fonbwactine © 
in writing, sweet net bee anpowesl] lg ihe Gantraetine oo finer af any 
@reontrast Lemred hereusder by the lentrector shall] oe dnomad te cone 
stitate agerovel of walecer af eny cle gee af the General Provisieng in 
wentliet with toc atipulasoccs cf esch auboostract. 
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Sop MESTaTCTIONS 


The Contractor shall not reveal (1) the speeific nature or any 
details of the work being perfora.d hereunder or (11) any information 
whatecever with ressect tc the department of the Oevernment sponsoring 
this contract and the work thorea:ler exeect ap the Contracter is 
direated cr p.rwitted te reveal guch information by the Contracting 
offleer or by hie duly a -therised representative for seeurity matters, 
and notwithstanding any claase er section ef this contract to the cone 
trary, the Contractor shell not interpret any clause or section of 
thie contract ag requirim: or persittins aivalgenee cf such informe 
tien te any person, public or private, or to any officer or denartaent 
ef the Government without the exprase consent of the Contracting Of Meer 
or hie duly autherised repreeentative for security naiters, 


PART ¥ = TNSP°CT On AUD AULIT 


@, The Contractor arreea that ite books and reserde anc ite 
plante, or guch oart therecf as gay be enraged tn the performance of 
this contract shall at al] reasonable times Fe subject to inspection 
and @udit when and te the extent actherised by the Contracting Officer. 


be The Centracter agrees te include in each of hile subcca! racts 
hereunder which is on a cost or ecst~plusea-fixed fee or a price re- 
deterrination basis, or on a tine-md-naterial or laborwhcar basis, 
provision for audit of auch eatcentract by the Centracter, The Con= 
treetor shall conduct an avdit of sny such aubeontract when requested 
te do so by the Contracting Offleer. 


TRAC 


PART XL «= S°RCOR 


er FOS C8 SERVICE 
i. eal 


ée Wo contract shall be mada by the Contractor with eny other party 
for furnishing any of the completed er substantially completed articles, 
apare parte or work, hereir contracted fer, without the written approval 
of the Contracting Officer as te sources. 


b. The Centractor shell cire specific advance antitication te the 
Contracting O°ficer ef any proposed subcontract hereunder which (1) is on 
a cost or cost~plus-a-finec=fee basis, or (2) is on a fixed-price wuats 
excecding in dollar anowit either %95,000 or five percent (5%) of the total 
anewnrt of thia contract, 


e, The Contractor shell not, withest the prier written consent of the 
Contracting Officer, place any subcontract which (1) La on a cost or costeples 
a~fixed=fee basta, or (2) ia on e fixedeprice basie exceeding in doller amount 
either 325,00) or five percent (&") of the tetal anownt of this contract, or 
{3) provides for tos fabrication, purchase, revtal, installation or other 
acquisition, of any item cf industrial facilities, or of special tooling 
having a value in oxeess of $1,000, or (4) is on a timewandematcrial or 
Labor-hour basie, The Contracting Offieer may, in hie diseretion, ratify 


of Anpigvecs Fane ease, Sub Ghe/ te CAFR UapheRO01500190064-3 


(ix) 
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_ tracts a5 preseribed in paragraph « above, 


ad. The Contractor agroes that no sabeentrect placed under this 
mere ahali previde for paynant on a eoat~plus-s-percentarencf 
goat basis. 


. The Contracting © Sicex may, in his diaeretion, apecifically 
approve in writing any of she prpvisions of a succentract. Hovever, 
such approval or the ecasent ef Lhe Contracting Gf fleer ootained as 
weqelred by thie clause shxl] sot se construed te constitute a deter 
wination of the arceptali lity of the eubcontract peice, unlias each 
P aingphioss specifically provides that it constitutes « determination 6f 

me aceeptability of the aubcentract price, 


f, The Contracting Oc fiecer uay acpreve all er any part of the 
‘entractor's purchasing eystes an. from tine te tins reeeind or reine 
state such approval. Sach approval shell be deemed te fulfil the ree 
quirgen @ for evtaining the tentracting Cofieer's consent te subcon- 


PART 2iE » 2PSc aL CONST ERATIONS 


&. Overheads ~ Aljcvatl<s gosta for perforving werk and gervices uncer 
thie contreck shall daclece amcoates for overhead, indirect. charges, and other 
elements of cort excleded frem of net covered by direct ee5ig. For the pure 
poses cr this contract ak erexvheadc rate of ; Dhaweet Laber tellers aN 
aod a General and iceinietrative cepenee ¢ f all costae, exclusive STATIN 

of Generel and Aincnistretive cagonse have Geen Sead to compute the prices 
estatliehed herein, However, ab tim: of Friee dedetersination as ae6 forth 
in PART IV hereef, the Ciaco overkced (burden) rate(s) migotiated between 
the Comtracter and the and applicable te the perleds STATINTL 
ey porlods, of tine dufigg mics Onis comsTAét is in effoet, ahall be used 

fer such period or pertuds in redetermining the priee of thie contrect. It 

is recognized that tha oteriuc) wate etated skheve hae seen Timed for the 

period ending 3) Sertenser 186. vending aegotiationg and fixing ¢f an 

overhesd rate for the next wmeeatiing period, pregrese payuente under 

Wise ecntract will imclude on allp-ance fer the ororhead at the oe 

wate stated abeve. the dencral aud iduiniatrative fzpence rate STATINTL 
of all cost, cxclusive of Gumeral and Acwiniatrative bepense, shall reracn 

fiwed througheut the Life of thie contract. 


pi Portice ef overtime work sei: me @ sire & 
UJieh te the application of overhead | 
‘expense, The straight tise periion 
the Bowe as other Girect Laker, 


Gee 
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c. Travel ~ The cost of all necessary tra perfermed in connection 


with thie contract shall be reimbursed the Contractor on an act. t 
basie and shall not be subjeet te the [éation ef g , expense 
profit elements except as hereinafter ind id, Any travel performed 


PART XIII ~ ANTICIPATORY costs 


All costs which have been incurred by the Contractor on and after 
1 dune 1956, and not charged to Contraot No. Be51IMA, in anticipation 
ef thie contract and prier to its signing, and which if incurred after 
signing would have been considered ae allowable items of cost for this 
contract, shall be conaidersd as allowable items ef costs hereunder. 
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